Electrical and General Contractors 



34664 10th Place SW Federal Way, WA 98023 Office 206-497-1961 Fax 253-661-8475 

Website - wwwJllummaiecimtracting.com 



December 3, 2012 

TO: City of Seattle 

RE: Fire Station EV Station 

ATTN; RichHennings PROJECTS 121134 

As per your request, we are giving you our Proposal for the above project and the following 
Scope of Work: 

Demo existing EV Station and return to owner on site. 
Provide and install (1) Eaton #SAR3BX000000 
Install J-box for future EV circuit that is existing and label. 
Provide Electrical Permit 
Assumes normal work hours. 
Return O&M manuals to owner. 
Training is by others if needed. 



TOTAL PRICE $ 2850.00 



Clarification: 

• Our Proposal becomes part of the contract. 

• Our Proposal is based on signing AIA401 or ASA/AG C/ASC Standard Subcontract 

• A mutual agreement on a schedule by the owner and Illuminate Contracting LLC. 



Specific Exclusions: 

• Washington State Sales Tax 

* Handling of hazardous materials 

• Disconnect and Reconnect charges for Power Company. By others/owner. 

* Power Company required power or gas upgrades 



• Cutting, patching and painting 

• Overtime and shift-work, other than stated above, 

• Trenching 

Thank you for considering Illuminate Contracting LLC for your projects. We look forward to your 
authorization to proceed on the above referenced project. This quote will be subject to review and 
subsequent revisions after 30 days. If you have any questions or if we can be of further 
assistance, please contact us directly at (206) 497-1961 

Sincerely, 



Robert Semingsen 
Estimator/Project Manager/Partner 
Illuminate Contracting, LLC 




Accepted by: 



Illuminate Contracting, LLC 
Date: 



Bonded 



